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DRAWING REVISIONS ARE S0 PERCENT COMPLETE., MAJOR REMAINING AREA 
OF ENGINEERING IS DESIGN OF PLATEN CURVATURE. WE ARE AWAITING 
INFORMATION ON CURVATURE FROM DIFFRACTION LTD* NO DELAY IS EXPECTED 
ON THIS. ALL MAJOR PURCHASE ORDERS HAVE BEEN PLACED AND MATERIAL HAS 


( 


BEEN PROMISED BY 31 MAY* MAJOR ASSEMBLY OF FIRST UNIT WILL COMMENCE 
ON 1 JUNE. DELIVERY AS PER SCHEDULE IS ANTICIPATED. 
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